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Message Text 



UNCLASSIFIED 

PAGE 01 MONROV 06426 26I80IZ 
41 

ACTION PM-07 

INFO OCT-OI AF-IO ISO-00 CIAE-00 INR-IO NSAE-00 RSC-OI 

DODE-00 DRC-01 /030W 

082452 

R 261700Z NOV 73 
FM AMEMBASSY MONROVIA 
TO CHESNAVFACENGCOM WASHDC 
INFO SECSTATE WASHDC 222 

UNCLAS MONROVIA 6426 

E.O. 11652: N/A 
TAGS: MARR, ETRN, LI 

SUBJECT: OMEGA 

FOR DELKER FROM ROWNY 

1 . UNABLE GET THROUGH BY PHONE. WILL TRY AGAIN AT 0730 YOUR 
TIME ON 27 NOV. 

2. OMEGA SITE WET AND INACCESSIBLE TO DOZERS EXCEPT IN R5 
TO R6 AREA AND ACROSS TRAIN TO TOWER. B2, B3 AND B4 AT THE 
1 100 FT LOCATIONS ARE UNDER WATER. 

3. AGRIMECO EQUIPMENT DUE ON SITE ON I DEC. 

4. I HAVE MADE FOLLOWING UNOFFICIAL PROPOSALS TO AGRIMECO: 
1ST PRIORITY - CLEAR AND GRUB 1 100 FT. RADIUS FROM HELIX 
BLDG. AND COMPLETE PRIOR TO I JAN 74. 

CONTRACTOR TO DRAIN AS REQUIRED. 

CONTRACTOR REQUESTS ADDITIONAL$I0,000; 

2ND PRIORITY - CLEAR 100 FT. PERIMETER RI TO RI6 FOR ROAD. 
CONTRACTOR TO PERFORM DRAINAGE AS REQUIRED. 

COMPLETE BY I FEB 74. 

CONTRACTOR REQUESTS ADDITIONAL $20,000; 

3RD PRIORITY - COMPLETE 1ST AND 2ND PRIORITIES BY DATES 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MONROV 06426 26I80IZ 

STIPULATED AND THEN COMPLETE ALL PROVISIONS OF ORIGINAL 
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CONTRACT BY 15 FEB 74. 

CONTRACTOR REQUESTS ADDITIONAL $30,000. 

TOTAL ADDITIONAL COST WOULD BE $60,000. WHEN CALL GOES 
THROUGH REQUEST YOU BE ABLE PROVIDE ANSWERS RE WISDOM OE 
PRIORITIES, EUNDING ON COUNTER OEEERS, AND COMPLETION 
DATE DEADLINES. 

5. AGRIMECO'S ORIGINAL ESTIMATOR REPLACED EOR PREPARING 
UNREALISTICALLY LOW ESTIMATES. I THINK IT UNREASONABLE 
EXPECT CONTRACTOR SUCCESSEULLY COMPLETE CONTRACT IN ANY 
WEATHER, WET OR DRY, EOR CONTRACTED AMOUNTS. 

MANEULL 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channei indicators: n/a 
Current Classification: UNCLASSIFIED 
Concepts: CONSTRUCTION, OMEGA 
Control Number: n/a 
Copy: SINGLE 
Draft Date: 26 NOV 1973 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973MONROV06426 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: MONROVIA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19731 1 1 3/aaaaajny.tel 
Line Count: 74 
Locator: TEXT ON-LINE 
Office: ACTION PM 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: elyme 
Review Comment: n/a 
Review Content Flags: 

Review Date: 04 FEB 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <04-Feb-2002 by elbezefj>; APPROVED <19 FEB 2002 by elyme> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OMEGA FOR DELKER FROM ROWNY 
TAGS: MARR, ETRN, LI 
To: n/a 
Type: TE 
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